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SHOCRET A-(6 


AO RNA 
SUPPLIERS MEETING - 12 December *57 =~ 2:30 P. Me 
ELINT EQUIPMENT AND RELATED PROBLEMS 
SUPPLIER'S PLANT 


LOS ANGELES, CALIFORNIA 


To review and evaluate the overall status of Project ELIT 
equipment, including the capabilities of equipment, deliveries, 
modifications still required, quarters, technical support, etc. 
Particular attention will be directed toward preparation for 
the '5& seasons operations to insvre maximum operational capa- 
bility. 


Ti REVIEW OF PROJECT ACTIVITIES IN THE ELINT AREA — PROJECT DIRECTOR 
° 
TII OPERATIONAL CONCEPT: 


a a eect norte en ena 


A. Ieecation of operational bases, advance bases, types of 


targets, indication of probable sortie rate, operational condi- 
tions, etc. 


B. Composition of detachments = personnel, equipment, 
vehicles, etc. 


C. Test Site = personnel, equipment, vehicles, and test 


program. 
Iv «ss INDIVIDUAL EQUIPMENTS: | DOCUMENT NO. 
> rae NO CHANGE IN CLASS. 
As System zt im DECLASSIFIED 


CLASS. CHANGED TO: TS $ Q 


NEXT REVIEW DATE: ______ go? OF 2 


1. Modification progress AUTH: HR 70-2 

20 Rambo pre-amps ("X" Band) pare: ASAP 2rcvirwens_064540 
3. HRB pre-amps (P Band} : 

4.0 Antenna systems (filters and crystals) 

50 Transistorized System I 


é. FAK and im 25X1A 


Yo Present and later utilization plans. 
Be System ITI 
lo Review of malfunctions 


2e Results obtained to date; possible improvements 
3. Present and leter utilization plans 
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C. System IV 


1. Review of types of malfunctions and corrections. 

2. Changes in equinment or procedures to improve 
performance o 

3. Operational Steatuse 

4e Technical difficultics. 

50 Spare parts back-up. 

6. Technical support. 

%. Status of £103 and other FCG units. 

8, Re-work of #LOL and #102. 


D. System V 


lo. Disposition cf old Syston Ve 

2. Status of new systema: presant and later ubild ZBex 
tion plans of new Systen V. 

3. Technical suoport. 


! k vts plus 
42 Spare narts plu | 25X1A 
Ee. System VI 


lL. - Progress of vrelininary dacign studless 
2o. Use of transistorized Syet vem I components. 
3e \ Operations? USS oe 
4e “P? Band antenna. 
5. Nechnical support o 25X1A 
6. FAX and I | 
Vo Detailed infe on placement of componente in this 

vehicle: flexibility of use. 


F. Three channel. data reduction ecuipment « operational, 
status, deliveries, etc. 


Ss Fourteen channel data reduction equipment = operations) 
status, deliveries, ete. 


V  RINAL TEST PROCEDURES: | 
Ae Environmental. ° 
Be Flight Test (Edwards) 
Co Project Monitor (Corus wan) 

VE. PERSONNEL: 

; A. | Pergomnel at Edwards and bases. 


Be Eoving qech engineer 
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VII FOG PROGRAM 


VIII NAVY, PROGRAM 
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